From: 

To: 

Cc: 

Subject: 

Date: 


Rena  Leddv 

Lawrence  Lin 

I oseph  Gallegos:  Nishith  Dhandha:  I asmine  Ramos 
Re:  Wasau  Tile 

Thursday,  March  09,  2017  11:12:16  AM 


Yes,  please. 

Rena  Masten  Leddy 
Executive  Director 
LA  Fashion  District 
(213)  488-1153 


On  Mar  9,  2017,  at  10:14  AM,  Lawrence  Lin  <lawrence .lin@lacity. org>  wrote: 

You  are  welcome,  Rena! 

It  seems  the  attached  email  conversation  is  for  the  approval  for  the  landscape 
bollard.  I spoke  with  Bureau  of  Street  Lighting  last  week.  They  are  still  reviewing 
the  landscape  bollard  shop  drawing.  I will  keep  following  up  with  them  and 
update  you  once  it  is  approved. 

For  the  tile,  it  has  been  approved.  Please  see  attached  file. 

BTW,  would  you  like  me  to  follow  up  the  with  Wausau  Tile  with  the  tile  delivery 
status? 

Thanks, 

Lawrence  Lin 

Civil  Engineering  Associate 
Bureau  of  Street  Services 

Engineering  Division 

1149  S Broadway,  4th  Floor 
Los  Angeles,  CA  90015 
Office:  12131  847-4228 
Email:  lawrence.lin@lacity.org 

On  Thu,  Mar  9,  2017  at  9:50  AM,  Rena  Leddy  <rena@fashiondistrict.org>  wrote: 

Thanks,  Lawrence! 


Do  you  remember  that  they  needed  some  kind  of  approval?  See  attached.  Maybe 
that  hasn't  happened  yet? 


From:  Lawrence  Lin  [mailto:lawrence.lin@ladtv.orgl 

Sent:  Thursday,  March  09,  2017  9:45  AM 

To:  Rena  Leddy  <rena@fashiondistrict.org>:  Joseph  Gallegos 

<ioseph.gallegos@lacitv.org> 

Cc:  Nishith  Dhandha  <nishith.dhandha@lacitv.org>:  Jasmine  Ramos 
<iasmine@fashiondistrict.org> 

Subject:  Re:  Wasau  Tile 


Hi  Rena, 

Our  foreman  Joseph  Gallegos  informed  me  that  our  crews  haven't  received  the 
tiles  delivery  in  our  yard.  Please  verify  with  the  vendor  for  the  delivery 
schedule  before  paying  for  the  tile. 

Joe,  could  you  let  me  know  once  the  tile/paver  has  been  received  in  our  yard  so 
that  I can  forward  the  message  to  Rena? 

Thanks, 


Lawrence  Lin 

Civil  Engineering  Associate 
Bureau  of  Street  Services 

Engineering  Division 

1149  S Broadway,  4th  Floor 
Los  Angeles,  CA  90015 
Office:  (213)  847-4220 
Email:  lawrence.lin@lacity.org 

On  Thu,  Mar  9,  2017  at  9:32  AM,  Rena  Leddy  <rena@fashiondistrict.org> 
wrote: 

Any  word  on  whether  the  tile  has  been  delivered? 


From:  Nishith  Dhandha  [mailto:nishith.dhandha@lacitv.orgl 
Sent:  Tuesday,  March  07,  2017  2:52  PM 
To:  Rena  Leddy  <rena@fashiondistrict.org> 


Cc:  Lawrence  Lin  <lawrence.lin@lacitv.org>:  Jasmine  Ramos 
<iasmine@fashiondistrict.org> 

Subject:  Re:  Wasau  Tile 


Let  me  verify  receipt  of  material  before  you  pay. 


No  one  has  told  me  that  we  have  the  tile  in  hand,  yet.  Will  get  back  to  you 
tomorrow. 


Thanks. 


On  Tue,  Mar  7,  2017  at  1:22  PM,  Rena  Leddy  <rena@fashiondistrict.org> 
wrote: 

Hi  Nishith, 


We  received  an  invoice  for  the  pavers  from  Wasau.  Is  this  okay  to  pay? 
Did  you  get  the  materials? 


Rena  Masten  Leddy,  Executive  Director 

LA  Fashion  District 

110  E 9th  Street  Suite  A 1175 

Los  Angeles,  CA  90079 

tel:  21 5-480-1 1 55  x 71 2 
fax:  213-488-5159 
cell:  310-600-3247 
www.fashiondistrict.org 


Nishith  Dhandha 

Engineering  Division  | Landscape  Architect 

Bureau  of  Street  Services  | Department  of  Public  Works 

1149  South  Broadway,  4th  Floor 

Los  Angeles,  CA  90015 

0:  (213)  847.0974  [ E:  nishith.dhandha@lacity.org 
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